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Message Text 

UNCLASSIFIED 

PAGE 01 AMMAN 00502 2708 18Z 
ACTION NEA- 10 

INFO OCT-01 EUR- 1 2 ISO-OO EB-08 /031 W 

271005Z 063114/21 

R 261521Z JAN 77 
FM AMEMMBASSY AMMAN 
TO SECSTATE WASHDC 317 
INFO USDOC WASHDC 
AMEMBASSY ATHENS 
AMEMBASSY CAIRO 
AMEMBASSY LONDON 
RUQMHRAMEMBASSY TEHRAN 1022 
AMEMBASSY ROME 

UNCLAS AMMAN 0502 

E.O. 11652: N/A 
TAGS: BCOM, JO 

SUBJECT: MAJOR PROJECTS: INVITATION FOR TENDERS: H4-IRAQI BORDER HIGH 
WAY 

1. 511 JORDAN 

2. 01 AMMAN 

3. T001 

4. 012577 

5. THE MINISTRY OF PUBLIC WORKS OF THE HASHEMITE KINGDOM OF JORDAN 
INVITES CONTRACTORS TO SUBMIT TENDERS FOR THE CONSTRUCTION, 

WIDENING AND COMPLETION OF H4-IRAQI BORDER HIGHWAY. THE HIGHWAY 
IS APPROX. 70 KMS LONG. THE CONSTRUCTION IS EXPECTED TO EXTEND OVER 
25 MONTHS, QUANTITIES OF MAJOR ITEMS OF WORK INVOLVE ARE APPROX. 

AS FOLLOWS: EARTHWORKS 350,000 CUBIC METERS; BASE COURSES 235,000 CU 
BIC 

METERS; HOT BITUMINOUS CONCRETE 1,045,000. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 AMMAN 00502 2708 18Z 


6. INTERESTED CONTRACTORS SHOULD SUBMIT TO: 

MINISTRY OF PUBLIC WORKS 
TENDERING SECTION 
AMMAN, JORDAN 

BEFORE FEB 19, 1977 RPT FEB 19.1977 ENOUGH INFORMATION ABOUT THEIR 
PREVIOUS EXPERIENCE IN SIMILAR WORKS, FINANCIAL STANDING, STAFF 
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AND WORK PLANT AVAILABLE, AND ANY INTENDED ASSOCIATION IN A SEPARATE 
SEALED ENVELOPE MARKED (1) PREQUALIFICATION; AND NOT LATER THAN 
10.00 A.M. LOCAL TIME ON FEB 27,1977 RPT FEB 23, 1977 PRICED TENDER 
DOCUMENTS, ENCLOSED IN A SEPARATE SEALED ENVELOP WITH THE NAME OF 
THE TENDERER ON THE BACK OF THE ENVELOPE MARKED (2) TENDER. 

7. TENDER DOCUMENTS CAN BE OBTAINED AT AN UNREFUNDABLE COST OF 
JD 50.- (ID 1 EQUAVALENT TO $333 APPROX.) FROM TENDERING SECTION, 

MINISTRY OF PUBLIC WORKS, AMMAN, IORDAN. 

8. PREQUALIFICATION FOR BIDDERS SHALL BE MADE ON FEB. 

19, 1977 PRIOR TO THE OPENING OF TENDERS. 

9. TENDERS OF UNQUALIFIED BIDDERS WILL NOT BE OPENED. 

10. AMERICAN FIRMS ARE ENCOURAGED TO PURSUE THIS CONTRACT AS 
EUROPEAN AND FAR EASTERN COUNTRIES ARE PARTICIPATING. 

PICKERING 


UNCLASSIFIED 


NNN 
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